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Gm^29€$ 

Gojjy .2-®^ 7 
Contract No. CG-28441 
itnendnent 3 

^ 9 JAi\i •;<•:: 62 

Information Fidelity Bxoorporatod 
Las Vegas f Nevada 

Attention; Mr. Herbert X. Miller 

Stibject ; Final Ssttleoent and fteleam 
Ttoder Contract No. CC-28441 

Gentlemen; 

1. this doouBsnt constitutes Amendment No. 3 to Ctmtraet 
No. CC-28441 between Infoxwaticai Fidelity liicorporated and the 
United States Government. 

\^HEHEAS, additional woric was authorined heremviar by 
bilaterally executed letter £rm the Contracting Officer, dated 
6 September 1961 (BP'i-5453-6l). subject "jESxpanded AR Research 
Program, Including Technical Supervision aiKi Operation of Govem- 
ment-ownsd INS AR Fodel Range Facilities**, idxloh letter increased 
the estimated contract cost by $l68,324'.00, and ihe fixed fee by 
$9,451.00, and obligated an additional $150,000.00 hereunder, thus 
effecting a 

Total ^^stinated Coot of |471.880 

Total Fixed Fee 33.g?0 

Total Contract Amount $505,600 

Total Funding Obligation $325.p<^0- 

Ccmtraot Amount Unfwided $180.600 


and, 

AliFRIiftS, additional authoriaatim, for your issuance of 
work orders to effect INS site rehabilitation and cc»n8tructl<Mi, was 
glvsn you by Contracting Officer letter dated 21 Septwdjer 1961 
(OXC-2256), without further increase or deorsase In estimated cost, 
fixed fee, or contract funds obligated, and, 

\HUiSFAS, by virtue of the disassociation of| 
from Contractor's employ on or about 3C October 1961, the Government 
did on 6 November 1961 (twx 5045, OUT 03456) terminate this contract 
for the convenience of the Goverxawnt, and. 


Sanitized Copy Approved for Release 2011/02/28 : CIA-RDP89B00709R000200500004-8 





Sanitized Copy Approved for Release 2011/02/28 : CIA-RDP89B00709R000200500004-8 


• by letter fron the Ccmtraotlng Officer dated 8 Noveniber 
1961 {GKC-Z 56 Z) the Contractor was authorised to continue reaeonable and 
neceseary effort through 30 Norember 1961 to oonplete those guises of work 
therein more specif leally defined, and, 

IffiEREAS, all work and servlcea authorised under this contract 
and the aforesaid termination notice have been perform^ , including 
25X1 administrative and accounting services of an IFZ enplcyee 

retained for the period 1 to I5 December 1961 to oos^ete contract 
administration and accounting services under this contract (for vdilch 
services the contractor Is entitled to lump sum payment of $300.00), and, 

WHEREAS, the parties hereto have negotiated and mutually agreed 
as to total relmburssable costs and total fixed fete jmiyable hereunder In 
view of the aforesaid termlnatlcai, suc^ agreement as to rslmburseable 
costs having been predicated upon an advisory Government audit of all 
Contractor's claimed costs, and, 

WHEREAS, delivery to the Qovemment has been effected of all 
Qoveniment-owned laroperty, whether Covernment«>furnltdied or Contractor 
generated hereunder, and of a satisfactory j^nal report summarizing all 
work and findings aocoa^lshed hexwunder. 

NG&r . THEREFORE , the parties hereto agree as ft^ows: 

1» The Contractor elects and the Government conoure to 
make final settlement hereunder on a "no-cOst" termination claim basis, 
subject only to reimbursement of Contractor's in^loed oontraot costs 
and fee as hereafter set forth. 

2. Effective as of the date hereof the contract estimated 
cost is reduced from $h7l,880.00 to $231,267.83 and the fixed fee txxm 
$33,720.00 to $19,286.00. 

3* Th® Contractor having been previously relmburssd 
$219,649.65 on account of incurred and allowable costs plus $11,466.32 on 
account of earned fee, it is hereby agreed 1*at the Contractor will submit 
a final (10th) Invoice of $19,4’17«86 (conslatlng of the balance of 
allowable costs of $11,618,18 and unpaid balance of fixed fee of $7,799*68), 
upon the reimbiursement of tdiioh invoiced amount the Contractor for itself 
and its assigns hereby releases and forever dischargee the Qovemment, 
without any exceptions, for any and all other and further claims of \diat- 
soever kind or nature. 

4’. The above-mentioned Contracting Officer's letters, 
dated 6 September 1961, 21 September 1961, and 8 November I96I and the 
Termination Notice, dated 8 November 1961, are hereby Incorporated herein 
by reference and made a part of this contract* 
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5* Contractor hereby ^larrants that there are no 
outstanding and unpaid subcontracts hereunder and agrees to hold the 
Government hamless fbom axuy cd^lms or liens of #1 - r wn ot 

others arising out of performance of this contract. 

6. It is agreed that the high level of security 
restrictions prevailing under the terns of and during tiie performance 
of this contract shall continue in full force and effeot respecting 
any and all disclosures of technology developed t operational goals, 
work and findings accomplished, and assooiation wltai the prooTJring 
activity. 


7* It is farther agreed that fhysioal security 
standards for stowage of any classified doeunsntatitsi, reports, 
drawings, etc,, will, be henceforth maintained as directed by the 
Security Office of the procuring activity. Such docuasntaticai, if 
ai^, retained by the Contractor may at any time be delivered to the 
Contracting Officer for safekeeping, to be thereafter available to 
the oostraotor’s inspection upon reasonable request therefor, 

8 . Ccmtraotor represents that no patentable 
inventions were conceived or first reduced to practice under 
c<mtract, 

9» Please indicate your receipt and acceptance of 
this Amendment No, 3 ^ executing the original and two copies hereof. 
Return the folly executed original and one copy to the undersized 
and retain the remaining copy for your files* 




Ccmtracting Officer 


ACKNO'iXEBGED AIID ACCEPTED 
INOTmTIOH FIDIILITI mCOWORSmD 



Tms. 

•B. 


rifTvBBR? I. imim 

President 


.ATS 
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